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REASON FOR PROPOSAL + 


To determine the affeet of the Systems XVII Antenne 
installation on Aireraft performance and Aerodynente 
gharatteristias. 
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OF PROPOSAL: 


Fabricate and instell threc peirs of System XVII antenna for 
one Airereft as follows: 


a. One pair, sleeve 5 extending on either side of 
the fuselage approximately 4 ft. at. Station 575. 


b. One pair, lor periodic dipold sd extending from antennas 
installed in "a" above approximately 1.5 ft. 


e. One pair, log periodic dipof near tne upper portion 
of vertical fin, axtending approximately 9 fh. 


Struetural modification to the aireraft vill be required as follows: 


te ructure betveen fuselage stations 572 and 579 will be retnfored 
or the machined mourts reamired. 
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b. The fin antenna will require the fin to be structurally strengthened 
Between Tin stetion 03 and 09 for installation of the mounts to which 


the antenna will be attached. 


r 


A minima of 6 flichts will be reouirad to determine Acrodymamie affect. 


FPunetional testing of the antennas is not .a part of this quote. 
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i.e Fabricate, Assenble and Install 
2. Desiaqn and Iiaisan 
3. Flisnt Test at luc 
Sehedule Wie 
1. Fabricate and Ascerble 7 
2. Shir Installation fete 
3, Plicht Dest Dd oe 
4. Remove Installation ho: 
1p 
NOTE: 1. ‘his dees not-inelude instaliation of Systema REVIT Paakexe or oleectrical 


interference survevs. This "CP is for Asrodynauie eveluation only. 


2, A portion of the above work was accomplished in bes '63 per NCP-130 


Oysten X antenna installation. 
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